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BPS-E479 


2h Deceniber 1958 


Dear Cuarate, 


2% Becesber 1955, 
Gonfiruing your telephone eanversstion vith Jim on | 

tt is requested that « Reaume tyye report suming up actions to date, 
currext stetus and recomente’ disposition of the Cc’ Configurations 


would like to receive this report es som as poostbie 
ae that = Pinel dectaton ban be mafe on @iayosition ef ell C" equiyment. 


Very trwy yours, 


Approved For Release 2002/06/13 : CIA-RDP81B00878R000100050029-0 
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DPS- LO 


COPY py OF 2 


19 December 1958 


SUBJECT: Terminatim of "0" Bffort 
Contract No. HF-32-27 


TO: Contracting Officer 


Reference is made to discussions held 15 December 1958 
concerning the Stop Work Order on "co" Configuratio. This letter 
will serve to confirm those actions already taken and to define 
the future prospects of the "C" Configuration so far as FOG is 
concerned. 


Effective 12 December 1958, a Stop Work Order was verbally 


25X1A given toL_____] amd Project Engineer, es 


25X1A Corp. by the FOG WSPO. affective 16 December 1958, a termination 
notice was verbally conveyed to the Contracts Administrator of 


25X1A P- by 


In the absence of other guidance, the following actims rela- 
tive to "C" are believed appropriate from 4 FOG point of view. 


a. The Contractor should prepare and submit a complete 
inventory of parts and equipments belonging to and/or used in support 
of the "OC" program. 


b. The Contractor should package or box all "C" items 
for shipment taking proper preservative action as required. 


c. The Cmtractor Project Engineer should prepare a . 
resume type report summing up actions to date and current status 
of the effort. 


d. The 'C" equipments, parts and components should be 
25X stored; suggest [_______] pending decision on appropriate disposi- 
US dian, WHAHA 
7 7 


mg ES 5 aa 2 a fe gr / 
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